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|M©ntit©ring Station - 7919/ 016 Activation 

Msirict Saginoey 
V, s. sagiaser office 

o. lex 51«0 Maty#. Station 
I*o# Angeles 55, California 

Altai Chief, mglawriag utvisien 


Sear sirs 


In connection with piano to activate the t 
Station, fSlB/cX®, by approsia&tely 1 flee#sb«r 1.947 


Monitoring 


and in or dear to 

co*ply with instructions to furnish oar Washington headquarters with 
periodic progress reports pertaining thereto, it i# requested that 
this office he furnished the latest esttantsd sehedule of dates for 


ietuiag and opening of hid# and awarding of contracts for, ns veil 
m the estimated fete for eaapletion ©f, eonstruetion authorised at 
this station. 


In regard to the antenna layout, our Washington office Has 
requested that a fir* date he named as soon as passible far laying 
the coasial cable, so that prior arrangement* a ay he mde with Rasy 
Bepartjaent for furnishing a an m3 naterlals for splicing' the cable, 
we wish t© cell your attention to the feet that wet verffcher Is 
definitely unfavorable to the splicing operation, and in efder to 
avoid rife of delay in antenna construction das to the usual heavy 
rains in Seeeabar, it is requested that hid# for this phase of the 
project he issued by 1 October 1947. 


Also In connection with the antenna construction, it is 
suggested that the survey to- spot the pels* he eosraeneed approximate- 
ly two weak# prior to setting tins*. Clearance ie being obtained frosa 
the owner, effective 16 October, for surveying that porti on of the 
property under lone# to| | fh# remainder 

of the property aoy he nnrsyed prior to* and to coincide with, that 
date* 


cc* 


Very truly yours. 


Chief, west Co «t Misfeea 


COFT 
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